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SUBJECT : Coneurrence in Amendment No. 3 to Contract No. 


ae eel 
25X1A 
2 s Passdema Cal. * + 


1. hie memorandum contains a recommedation submitted for approval | 
of the Special Assistant. to the Director for Planning and Development. 
25X1A Such recommendation {s set forth in Paragraph 5. 25X1A 


2.” Contract No. covers Ereqirenent for 5 | 

cameras, Model HR-818 and related equipment. ‘There was a change in 25X1A 
25X1A scope ss well as additional work which was concurred in by [J 

ME xt: never incorporsted into the contract due to inminent 

negotiation of final price. The contract wie subject to price 

redetermination. ‘The Contractor's records have been audited by the Air = 29X1A 

Force Auditor. The results of the audit and basis for final settlement 

are set forth in detail in Memo For The Record (prs~-5143). 25X%1A 


25X1A 3. #mendment No. 3 reflects additional costs for increased and 
changed scope of work as well the finel contract price. This 

results in a net increase of IEE or 2 new total price of | 
25X1A ‘thts MEM tc chargeable during FY 1959 tc EE Sy /) ¢) 
concurrence to this memorandum the Comptroller signifies that sufficient ‘fi ee 

funds are available for this additional obligation. 


4. Certification of funds for this contract will. be hbendled under 
the procedure approved by the Director of Central Intelligence on 15 December 
1956, which in effect results in 021 10(b) expenses involving issuance 
of Treasury Checks being aceumiated in « separate account within the 
Finance Division. The amounts in this account will be periodically 
scheduled for certification of the vouchers by the Director. This 
procedure eliminates the necessity for a separate certification. of 
authority under Section 10(b) of Public Law 110, Olst Congress, for 


; ' | ‘ iy y yy 
‘Yay, xo%0 
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5. Approval of Amendment No. 3 to Contract No. and 
execution thereof on behalf of the Agency by the authorized Contracting 
Offteer is recommended. 


25X1A | 


oe 
y 7 
oxi, @ 
Director of Dand P, DFS 
& 
25xiA 
Approval requested in 
pees Ete Paragraph 5, granted. 
25X1A a 
Office ¢ 1 RICHARD PSL. 
ee Coeeal Special Assistant to the Director 
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